BILL NO. S-70-01- 0 l j 

SPECIAL ORDINANCE NO. S- 77? 

AN ORDINANCE approving Change Order No . 1 of 
Canonie Construction Co. for Contract No. 
66-W-5, Lime Sludge Lagoon. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, 
INDIANA : 

SECTION 1. That Change Order No. 1 of CANONIE 
CONSTRUCTION CO. for Contract No. 66-W-5, Lime Sludge Lagoon, 
in the amount of $17,500.00, a copy of which is attached hereto 
and made a part hereof, is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage, and approval by the Mayor. , 



seconded by 


Read the first time in full and on motion by Aj 7^ 

and duly adopted, read the second time by title and referred 


to the (Committee on) 




i 


■C i i m m i j a u i in r fu i u( ^ ot nmerid^t4Q'R-)^^nd^rrbl.'"fe---Hear v irn'g-“te" j b'e held™a j frfee- i°-. ..d i , i e7 

' 'at the Council GhMibersr'City Hail, FortWayner Indianan-on ■ ■ 

day of - - - 196 , at - ~ ~ o'clock 


Date: 


/3 - 7 ‘ 


Read the third time in full and on motion by 



City Clerk 

3. A.e , 


seconded by 


l:C ■ - '..t 


and duly adopted, placed on its passage. 


Passed (daOSTO by the following vote; 


-UZ- 




AYES 

Adams 
Dunifon 
Fay 

Geake ' 

Nuckols 

Robinson 

Rousseau 

S t e i ge rwa ld_£___ 

Tipton L 


NAYS 


6 , 


ABSTAINED 


ABSENT 


to -wit: 


Date 


•' + 1 ' 7 





City Clerk 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 
(Zoning Map) (General) (Annexation) (Special ) (Appropriation) Ordinance (Resolution) No . 3 ’ -3^ '7 6 


on the 


, 19®' 7 6 



City Clerk 


Presiding Offici 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the ^ 
of kj _, 196 To at the hour of <7: 3 £ o'clock 


■x^ 


day 



■7 .M. 


E.S.T. 






Approved and signed by me this 3d day of 


9 


City Clerk 


, 19®; 7 c , 


at the hour of / n : o'clock /•) .M.,E.S.T. 



Mayor 


Bil1 No ° S-7Q-01-0Z. 

REPORT OF THE COMMITTEE ON CITY UTILITIES 

We s your Committee on City Utilities to whom was referred an Ordinance 

approving Change Order No. 1 of Canonie Construction Co. for Contract No. 66-W-5 , 

Lime Sludge Lagoon. 


have had said Ordinance under consideration and beg leave to report back to the Common 



